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STATEMENT OF WORK 
"KMRACK SPEED CONVERSION KIT, AND TIME-SIGNAL GENERATOR 
UNIT FOR THE DATA REDUCTION EQUIPMENT 


The Contractor proposes to provide the necessary engineering, 
labor, facilities, and material to perform the following work: 


Item Description 
1 Develop, fabricate or procure, assemble, 


test, install or pack, and ship seven (7) 
Speed Conversion Kits (1-7/8, 7-1/2 ips) 
for the Automatic: Continuous Voice Readout 
Equipment, (''K"' Rack) as defined in the 
accompanying Technical Exhibit. 


2 Prepare one (1) master and eight (8) 
duplicate voice readout tapes (1-7/8, 
7-1/2 ips) to replace the present voice 
readout tapes (3-3/4, 15 ips). 


3 Develop a Time-Signal Generator Unit 
for the 3-Channel and 14-Channel Data 
Reduction Equipments. This unit will 
comprise a modified commercial 
chronometer, additional circuitry, and 
associated cabling as defined in the 
accompanying Technical Exhibit. 


4 Revise the present Data Reduction manuals 
as required to reflect the changes described 
in Items 1 and 3, 
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